1640                          UNIT eoNsTiuarnoN
Account 9017.03   Tile Work.
The walls were started on the eonerete floor of (lie food water heating plant at an elevation of 2(5 ft. from the ground. The material was hoisted up by means of a, small air hoist. In other respects this account is similar to the tile work elsewhere about the plant.
Account 9017.031    Unloading Tile. Same as (MHKUI.
Account 9017.032   Coping. Same as account 8703.22.
Account 9017.033    Sills and Lintels,
The concrete sills and lintels for this building were separately moulded as 8821.3, which see. 'Flu* sills are ;t in, by X in, by 3 ft, 9 in. and the lintels 4 in, by 8 in. by 3ft.
Account 9017,034   Painting Tile Walls.
The tile walls were given one coat of Bay Stale cement paint after the small holes had been fillet! and mortar cleaned from the fact* of the brick.
Account 9017.035   Doors* Windows and Frames.
This account covers the cost of the doors, windows and frames set in place. A .segregated material list is IIH follows* (See Fig, 70.)
Ii doom 2 ft. 10 in, by ft ft. 10 in, by I tin. with friiim* ........  $20.86
7 wiiulowH, 2 ft. tt| in. by 5 ft, ii in, by If in, with frmwH ...,,,    59.88 12 Hftt-H Culdwi'll Huxh iwlnntit**, nutl*, lock**, *»tr. .,,.,,......,...    10.24
sim. 08 Account 9017.04 ..... Roofing,
Thi8 account covers the material listed below, tmd the lubor of installing the mime.   The wood Hhenthing was nulled directly to nailing strips
attached to the purlins.    The paper WHS laid over the sheathing.    (See 1%. 72,)
Two 1116 tun, 2 by H (>n<x<m jitim S1SIK    .....   . , . .   ........ $47.60
It) ftquaroa mihf*Mtc>M rtiofiu^;. ...... . ..                    .             ..... , , .    49.00
.,...........,...,,,..,   . .   . .     ..... .   ..,,.,..    13.28
$100,88
Account 9017.046-^ -Ventilators.
This account covers the initteriid iwed to iiinki1 two tl ft. 0 In. diameter ventilators, and the labor of im«lnilmg one. Th<* vontilatorn wera made of No, 18 gauge galvanized iron. (St*e Jf'ig. 71.)
Account 9017.05- ...... -Treating Tank- Concrete*
This is a concrete tank 8 ft. iti diameter by 31 ft. 3 in. high, with a con-
ical bottom, the tank i« set directly upon the* ground.   Tim concrete0 b.m. lumber............................................      31.55
